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1. ‘This memorandum contains a recommendation submitted for concurrence 
of the uidersigned. Such recommendation {s contained in Paragraph 7. 


&. Contract No. TA-3098 with Westinghouse Fleetric tion provided 

for engineering, design, 4 construction of a : ble model of ead 
a —_— Avoidance cyecen F roject : for an estimated contract 
price of Techni :idance and direction of performance of the 
contract vork vas trans ferret f the to the Wright Air Development 
Genter with the stipulstion that the estimted contract price could not be 


* 


295X1A 


§. The final cost audit and the property audit of the CPFF contract 
have been completed and the AF Auditor's #448 has deen submitted to 25X14 
this office. Cost in the of representing the contract 
limitation, has been prove h under the contract, subject to the contractor's 
wabatasion of the ming nels with its final billing: 


a. Contractor's cumilative claim and reconciliation. 
\ >. Contractor's release. 
25K1A e. Aswigneat of refunds, rebates and credits. 


25K1A This avgroved cost plus the fixed-fee of QBN results in « final contract 
price of 

4, The contractor bas fulfilled the following requirements of the 
eoutract: All work han completed and accepted on behalf of the 
Gevermamt, disposition has mde of all residual property, no Government- 
furnished was supplied to the contractor, f finn] overhead rates have 
been subaitted and approved, and the reports on Royalties (Clause 17) and 
Patent Righte (Clause 13) have been subaitted and accepted. 


5. hmaniuant Yo. i, to Contract No. TA-YOH, submitted herevith, has 
been dravn parent to Chee 33, Negatiated Overhead Rates, to incorporate 
final overhead rateé into the contraat 


251A 6. Contract Ne. Priel hg a total of MOREE chargeable to 


Alloteent 7-2902-10. Ginoe the final contract price and the amount obligated 
are the same, n0 adjustment of funds results from settlement of this contract. 


SELRET aa 


Approved For Release 2000/09/01 : CIA-RDP81B00878R001300140061-1 


ScbRel So 


“sa . Approved For Release 2000/09/01 : CIA-RDP81B00848R001300140061-1 


7. Ys is recommended that final settlement of Contract No. TA-3034 
as set forth herein, ineluding issuance of Amendment Ne. 1 to the contract 
be approved. 


25X1A 
Contracting Officer, DFD 
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